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PAPERS 



RRLATING TO 

* ii.. . 

ST. GEORGE'S CHURCH, DUBLIN. 



Returns to Orders of The Honourable House of Commons, 
dated 17th March 1825;— ^or 

ACCOUNTS of all Sums granted, borrowed and received, and from what 
Fund, for erecting the Parochial Church of St. George, in the County of 
Dublin, specifying the date of each Grant, Loan and Receipt; together 
with a Statement of the Estimates delivered in at different times for building 
and completing the said Church : — Also, 

ACCOUNTS of the Amount of the several Sums expended in erecting and 
fitting up said Church, during each year, from the year 1796 to the present 
time ; together with the Amount of the Outstanding Debt, and specifying 
the Pound Rate on which the Parochial Assessments for completing the 
same have been levied in each year ; together with the Names of the Trustees 
and Auditors of Account of such Expenditure : — Also, 

A STATEMENT of the Arrears due of the Parochial Assessments, and the 
largest number of years Arrears for which any House in said Parish is now 
held responsible, and the highest and lowest annual Rate for which the 
Houses in said Parish are chargeable. 



Ordered, by The House of Commons, to be Printed, 

29 April 1825. 
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THE REPORT OF THE TRUSTEES OF ST. GEORGE’S CHURCH, 
IN THE COUNTY OF DUBLIN. 



To the Knights, Citizens and Burgesses, of the United Kingdom of Great Britain and 
Ireland, in Parliament assembled. 

I N compliance with an order of Your Honourable House, of the 17th day of March 
1 S25 ; — THE Trustees of St. George’s Church in the county of Dublin, appointed 
by an Act of Parliament, in the 46th year of the reign of his late Majesty King George 
the Third, or who were subsequently appointed in lieu of those Trustees who had either 
died or who did resign, or who did act under a subsequent Act, 54th of his late Majesty ; 
and who were so appointed to carry the provisions of the said Act into execution, and 
pursuant thereto commenced their labour, in continuing the building of the said Church, 
&c. which had been before that period in progress, under the management of a Com- 
mittee of the said parish, acting pursuant to the statute of the 33d of his late Majesty, 
intituled, “ An Act for making and constituting a new Parish, by the name of the Parish 
“ of St. George, on the Ground adjoining the City of Dublin therein described, and 
“ for erecting and building a Parish Church therein : ” 

And when the said Trustees so commenced, it was represented to them that a sum of 
£.11,116. 4s. 11 d. had been expended on the said Church, of which only the sum of 
£.7,540. 3s. o d. had been paid, leaving a balance of £-3,576. is. nd. to be discharged 
by the said Trustees : 

Said Trustees beg leave humbly to lay before Your Honourable House, — A Statement 
of all sums granted, borrowed and received by them, and from what funds, for erecting 
said Parochial Church of St. George; as per Appendix N° 1. herewith annexed. 

And the said Trustees have also annexed, — A Statement of the different estimates sub- 
mitted to them at various periods during the time of erecting said Church; as per 
Appendix N° 2. 

The said Trustees beg leave further to state, that they have also annexed, — An Account 
of the several sums expended annually in erecting and fitting up .said Church, from 
August 1806; as per Appendix N # 3. 

The said Trustees have also annexed, — An Account of the outstanding debt; as per 
Appendix N° 4. 

And they beg leave to state the Pound Rate on which the parochial assessments for 
completing the said Church have been levied in each year ; as per Appendix N° 5. 

The said Trustees have also annexed, the Names of the original Trustees appointed by 
the said Act of Parliament, or who were subsequently appointed, and who at all times, 
by a full Board, submitted the several accounts of such expenditure to a Committee of 
Accounts, to be audited by the said Committee, and who did audit the same accordingly; 
as stated in the Appendix N° 6. 

Said Trustees also beg to state, that they have annexed the Amount of Arrears of parish 
cess, and also the largest number of years arrears for which any house in said parish is 
now held responsible; and they have also stated the highest and lowest annual rate for 
which the houses in said parish are chargeable ; as per Appendix N Q 7. 

Vestry Room, St. George’s Church, 1 

22d April 1822. J Jacob West, C. tyl. 
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PAPERS RELATING TO 



(2.) — THE MINISTER, Churchwardens and Parishioners of Saint George’s Parish, on foot of their Receipts 

the Appointment of Trustees 



1801 : 


TO cash received at Treasury, amount of Grant ... 


5,000 - - 




Less, Poundage and Pells 


150 - - 


1802, March 25 


To cash received, interest on 46 Treasury Bills, due this date 


115 - - 


- Sept. 29 


To cash - - d° - on 36 - - d° - - - d° - 


90 - - 


1803, May ' 21 


To cash - - - d° - on £.4,061. 19. 1. - 25 Mar. to this date 


31 H 10 


- Oct. 1 


To cash - - - d° - on£. 3,061. 19. 1.-21 May to - d° - 


55 H - 


— Nov. 26 


To cash - - - d° - on £.2,561. 19. 1. - 1 Oct. to - d* - 


19 15 - 


1 804, Aug. 1 


To cash - - - d* - on £. 2,311. 19. 1. - 2G Nov. 1803 to d* 


78 17 1 


- Oct. 1 7 


To cash - - - d° - on£. 1,313. 12. 8. - 1 Aug. - to d° 


13 17 - 


- - 23 


To cash - - - d° - on £. 813. 12. 8. - 17 inst. - to d* 


- 13 3 


1805, Feb. 2 


To cash - - - d" - on £. 753. 12. 8. - 23 Oct. - to d° 


10 8 10 


— April 13 


To cash - - - d° - on £. 153. 12. 8. - 2 Feb. - tod" 


1 10 4 






417 10 4 




Less, Difference in Treasury Bills purchased and sold, whereof 






the interest included in above 


6 ii 10 



To amount of cash applotted by Vestry, from 1799 to 9 April 1804, as per 
Account furnished by Major Faviere - 

To cash received from Rev. C. C. Beresford, being his proportion of the Main 
Sewer of Church ^ _ _ _ 



To casli stated to have been received by Mr. Farran, church- 
warden, on account of cess received by him , 

And Balance remaining in his hands . 



4,850 - - 



410 18 6 
89 8 3 - 
60 - - 
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ST. GHORGES CHURCH, DUBLIN. 



and Disbursements, towards building Saint George’s Church; from 1801 to the 5 th August 1806, being the day of 
under Act of Parliament. 



o. 



BY amount for works executed previous to the appointment of Trustees 
Less, Due by the parish when Trustees were appointed ; viz. 

Balance due to Treasurer ------ 

Due to Francis Johnston ------ 



L 

2,14(3 

> 9 > 



Due to sundry Tradesmen, &c.; viz. 
Leland Crosthwaite, for timber - 
Finlay Alder - 

John Mallett - 

Richard Mallett - 
Stewart & Co. for Portland stones 
Edward Smith - - £. 130 10 

Less, Charged by F. Johnston 1 16 1 



£. s. d 
152 10 - 
150 15 1 
52 18 1 
13 18 lif 
264 3 10 f 



Due to the following Persons who advanced Money 10 the 
Parish on Certificates, and who afterwards received Deben- 
tures for same ; viz. 



Luke White 
Alderman Carleton 
John Allan 
Colonel Handfield 
John Lynam 
R. M. Frazer 
Captain Reed 
J. C. Beresford - 



Off, Cash in hands Mr. Farran 
And Balance due by Alderman Darley 



100 - 
ioo - 
100 - 
100 - 
100 - 



200 - - 

9 8gj 



648 8 - i 



800 - - 



3,785 10 8£ 
209 8 9 1 



3.576 1 



258. 



B 
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PAPERS RELATING TO 



(3-) — THE TRUSTEES under Act of Parliament, in 



account with the Parishioners of St. George’s Parish, 



from th August 1806 



809, May 15. 


Amount of 1st loan ..... 


812, July 1. 


of 2d - - . £.2,633 6 8 


- Oct. 26. 


llalance d° - - - . 866 1 3 4 


1814, Aug. 1. 


Amount of 3d lloan 



TO amount of sundry debentures issued pursuant to an Act of Parliament bearing 
o per cent per annum 

To amount of a grant from the Board of First Fruits . 

To amount of 100 logs of Riga Oak purchased from Messrs, i £. 

Lehind Crogthwaite & Co. and sold same to M. & A. Wil- i 

liamson, who allowed same in their account - - - | 8oo 

Deduct therefrom the nmount paid to Messrs. Leland Crosth- 
waite & Co. for same 



£. 

4,000 



Profits made thereon - 

To amount of old timber sold to M. & A. Williamson, 1 1 Sept. 1 8o8 - 
To amount of ithe following loans from the Board of First Fruits, repayable by 

instalments, without any charge of interest; viz. J 

£. s. d. 



3.500 - 

1.500 - 

Deduct the following re-payments made to the Board of 
First Fruits ; — viz. 



1810, Dec. 8 

1811, July i 

1812, July 1 

1813, July 1 

1814, July 2 

1815, July 10 

1816, July 29 

1817, Aug. 29 

1818, Sept. 3 

1819, July - 

1820, Sept. 20 

1821, Sept. 19 

1822, July 11, 
1824, July 8 



Total paid on account 1st Loan £. 4,031 4 



Total paid on account 2d Loan - £. 2,100 




Total paid on account 3d Loan - £. 



1-814, Ji%. 
1-815, Jan. 



1809, June 
— Dec. 

1810, June 
- Dec. 



Balance due to Board of First Fruits 

To amoynt of s;jle Of gallery pew», as per blue boot . 

T °54G° U o"3.' Sf ' debe ° tUra of Parliament, passed 

To amount of rent of vaults to 16 February l8se; via. 

To half a year, due this day - 

To - d° - - d* 

To - d“ - - d* - . 

To - d“ - - d® 



£. 

142 

142 

142 

142 



«. d. 
3 9 
3 9 
3 9 
3 9 



3,148 16 
5,213 8 

8,500 - 
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on foot of their Receipts and Disbursements towards building Saint George’s Church; 
to June 1814. 



1806, Aug. 5. 



1808. April 12. 

- July 6. 

- April 12. 

- Nov. 

1809, June 2b', 
July - 

1814, July 1. 

- Nov. 29 

1808, April 12 



- Nov. 24 

1809, June (5 

1810, April 4, 

1811, April 15 

1812, Nov. 27 

1814, July 1. 
Nov. 2g. 

1816, Jan. 23 

1808, Nov. 25 

1809, June 16 



1811, June 15. 



- 


Nov. 29. 


1812, 


July 8. 




Oct. 31 


1814, 


July 1. 


I 


Nov. 2g. 


1815, 


May 26. 


1808, 


Nov. 25. 


1809, 


June 26. 


1810, 


April 4. 


- 


JuJy 17. 



B\ amount of sundry bills due by the parish to sundries, and discharged by the! 
trustees, as particularized in the preceding Account - - £. 3, 5-6 1 

Less, due to John Allan - - 100 - 



By amount paid Stewart & Co. for Portland stones, in addition to the above 
£.264. 3. ioJ. - - - - - 



By amount of the following bills, commencing after the appointment of Trustees 
furnished by the different tradesmen employed in the building of said Church ; 
certified by Francis Johnston, the architect, audited by the Committee of 
Accounts, and discharged at different times by Trustees; viz 
Alderman Darley, for stone-cutters work ; audited 6 Jan. last, 
after deducting the above £.9. 8. tj due 
by him - 

d*, from 31 Dec. to 25 June 1808 ; audited 

this day - 



John Mallett, amount of account for plumbers work ; audited 
6 Jan. last - 

- il° - - - d° - - audited this day 

d* - - - d° - - ending 6 Mar. 1809 

d° - - - d° - - - G July 1808 

■ ' * ■ - - d° - - - d° - - audited this dav 

d° - - - d° - - - - d° - - 

M. & A. Williamson, carpenters work ; audited 6 Jan. 

------- for sawing oak - - d* 

" - ----- for roof, per contract, d° this day - 

" ------ carpenter's work to 2d May ... 

- - - d° - to 26 Feb. ; audited this day 

-------- - d“- to 2 March - - d° 

-------- - d°- to Sept, last - 

- - - -- -- -- d"- - (jobbing) - - d° 

- d* - - d“ 3 

-------- - d° - - (jobbing) - - d° 

--------- d" d» 



Richard Mallett, smiths work to 28 Oct. ; audited this day 

- ' - - - - d“, from 18 Oct. 1806 to June 1807 
------ d°, from 13 June to 31 Dec. 1807 

d”, to 5 July 1808 - - £.24 6 

- - - - - - d°, to 7 June 1809 - - 39 - 



d" for palisadoes - - £.315 14 10 

d°, from Oct. 1809 to 17 Jan. last 61 75 



d° at steeple ; audited this day £. 31 
d* inside - - d° - d° - 17 



- - d» - d* 

- - d* outside work ; audited this day 

- - d° inside - d° - to 20 May 1814 

- - d° work ; audited to this date 

- - d° - - d° - - d* - 



J . Cockburn Si Son, stone cutters work, to 8 Oct ; audited this day 

- - -- -- - d 0 -- - (jobbing) - - d° - 

- - . - d°, 1 st story, steeple work, to 4 Feb. 

- - - -- -- d*-- - (jobbing) - d° - 

* - - - - - - d*, from 12 June to 26 Feb.; audited this day 

- - - - - ’ - d° - - - (jobbing) d" 

- - ----- d°, clock story, &c. - . d* 

" " - - - - - d° - - - (jobbing) - d°, 1 March 

to 20 Jane 



£. 




d. 


3,382 


>7 


2? 


2,187 


8 


11 J 


218 


7 


11 


727 


>7 


2 


46 


8 


2 


70 


6 


6* 


26 


5 


3 


27 


10 


1 


366 


8 


5 i 


50 


- 


4 i 


1.148 


1 1 


8 


66 


3 


n i 


246 


13 


6 


2,486 




- 


3,023 


1 


8 


23 


9 


6£ 


1,616 


6 


'i i 


447 


14 


4 


11 


»9 


1 


351 


12 


4 


9 


_ 


6J 


57 


5 


6 


40 


7 


10 


63 


6 


10 


377 


2 


3 


48 


6 


7 


10 


2 


- 


5 * 


15 


-2 i\ 


64 


3 


84! 


165 


2 


3 1 


193 


12 


8 


592 


5 


10 




10 

3 


1 

6 


1,418 


19 


8 


50 


19 


- 


587 


14 


10 


35 


15 


-6 


L 374 


4 


3 i 


47 


- 


4 i 



9 i 



5 . 57 ° 6 1 1 



,116 15 



1,673 1 



Printed image digitised by the University of Southampton Library Digitisation Unit 



r A P E It S It E L A T I N Ci T 0 



1811, June 1. 


To half a year, due this day - - - 


£. s. d. 
142 3 9 


- Dec. 1. 


To - d‘ - - d° - - ■-. 


142 3 9 


1812, June 1. 


To - d° - - d* - 


142 3 9 


Dec. 1 . 


To - d° (& 3 days) d" - 


144 10 6 


1813, June 1. 


To - d“ - - d° 


1+2 3 9 


Dec. 1 . 
1814, June 1. 


Unoccupied. 

To half a year, due this day ------- 


142 3 9 


Dec. 1. 


To - d° - - d" - 


142 3 9 


1815, June 1. 


To - d° - - d- 


142 3 9 


Dec. 1 . 


To - d* - - d° 


142 3 9 


1816, June 1. 


To - d° - - d° 


Hi 3 9 


Dec. 1. 


To - d° - - d” 


142 3 9 


1817, June 1. 


To - d° - - d° 


142 3 9 


Dec. 1. 


To - d” - - d° 


141 ~ 5 


1818, Nov. 16. 


To three quarters of a year, due 10 Oct. 1818 - 


•38 5 n\ 


1819, - 15. 


To one year ------ d° - 1819 - - - - 


184 7 6 


1820, Oct. 19. 


To - d° d» - 1820 --- - 


184 17 6 


1821, - 26. 


To - d° ------- d° - 1821 deducting repairs 


181 19 - 


1822, Feb. 16. 


To one quarter of a year - - d° - 


46 1 10 £ 




To amount of church cess levied under Act of Parliament, to E 
I £. s. d. 


aster 1824 ; viz. 
I £. s. d. 



Amount to Easter, 1 808 

1809 

1810 

------ 1811 



Unaccounted for - 

Amount to Easter, 181a, G. Brooke, esq. 

And arrears - 

Per Sedborough Mayne, esq. 

Amount to Easter, 1812, (arrears) - 

1813 

------ 1814 ... 

1815 - - - 



Less, 

Arrears returned new Church- 
warden, 1815 
Collector’s fees, 1813 

- - - - - 1814 

- - - - - 1S15 

Collector for books - - - 

- - - for stamps - 



Amount !o Easter, 1816 

1817 

1818 

1819 

------ 1820 

1821 



£. s. d. 
683 7 - 
61 7 9 
86 10 - 
88 2 10 
4 10 - 
1 16 10 



1,017 10 11 
993 11 9 
945 7 8 
9°7 g 9 i 



3, 9*3 1 7 1 I 



1,054 12 4 = 
40 11 4 



80 19 - 
1,35* 12 - 
1-.972 15 - 
1,972 15 - 



5,379 1 



3,9 12 15 7? 



1,095 3 8J 



4,453 G 7 
1,533 G 1 
1,671 - 8 
1,786 1 8 
1,720 3 2 
1,932 10 - 
1,717 1 10 
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1811, April 15. 
— Nov. 29. 



J. Cockburn & Son, stone cutters work to 2 March - ; audited • 

- • d°, 3d story of steeple ; audited this day • 

- ------ d 8 , inside work '- - - - d° 



f Now Peter Cockburn,! . ... 

1 (John deceased.) j d ’ 4 th ‘“ry steeple, to 3 o April 



d", jobbing from 1 
26 Mar. 



Oct. 181 . 
Inside £.15 18 
Outside 17 13 



1814, 



July 1. 
Nov. 29. 



1820, April 1. 
1809, July. 



1810, April 4. 

- July 17. 

1811, April 15. 

Nov. 29. 



1 8 1 2, July 8. 
- Nov. 27. 



1813, Mar. 31 

- July 1 

1814, Mar. 2. 

- July 

- 14. 

- Nov. Qg. 



1815, May 25. 

1816, Jan. 23, 

1809, June 16. 

- July 

1810, July 17. 

1811, Nov. 29. 

1812, Oct. 31 

1812, July 8. 

- Oct. 31 
1814, July 1 



bricklayers work inside, to 27 March 
work east side staircase, &c. - 
compensation voted by Trustees this day, 
on balance due him 29 Nov. last, 3d 
story of steeple ----- 
work since 30 April, and spire, 50 feet - 
jobbing to 1 1 inst. - - - - - 

for work, audited this day ... 
for d" - - d" - 

for jobbing - d° - 

for sundries - d° - 



Francis Johnston, architect, p. centage on accounts audited 6 Jan. 

- ----- day-labourers and watchmen to 12 June last 

. . . . . . disbursements to 6 Jan. 1808 

. ----- per centage on accounts from 31 Dec. 1807, 

to 12 June 1809; amount £. 10,142. 16. oj. 
. . . . . . per centage on articles not entered in d°, 

£-43-. i* 3- 

- - - - - - sundry incidents to 12 June - 

- ----- for a bell, wheel, &c. paid by him 

- ----- per centage on work done and audited, 

£.1,102. 17. 7 j. 

- ----- disbursements, labourers, watchmen, &c. 

- - - - incidents to 16 inst. - 

- - - - - -_ p. cent, on work, clock story, £. 1,505. 17. 11. 

- ----- disbursements to 2 March, audited 

- - - - - - p . cent, on works, audited, £.4,322. 16. lof. 

d* - - - d° - - 1,539. 19. 5. 

d” - - - d 8 - - 264. 18. -£. 

- - - - - - disbursements d° - - 

- - - - - - from 23 Nov. to 27 June last - 

- ----- incidents, audited this day - - - 

- ----- per centage on works from 11 Nov. 

21 inst. amount, £.5,762. g. 8. 
disbursements to 27 inst. 

- ------- d° - to 26 June - 

- - - - - - - - d° - to 30 Oct. - 

- - - - - - - - d* - to 26 Feb. - 

- per cent, on accounts audited, £. 2,560. 4. 9. 

- incidental disbursements - 

- per centage on works audited, £. l ,584. 15. 4. 

’* - - - d 8 - - - - 65. 10. 3 j. 



1811 



- d 8 

- d 8 



Edward Smyth, stone carvers work, audited 6 Jan. 1808 

| d° to 25 June 

d° on clock story, per agreement 
d 8 work, audited this day 
d 8 - - - d 8 - 



1811, April 15. 
- Nov. 29. 



1809, June 26. 



1808, Nov. 25. 
1815, May 20. 



John Smyth 



Richard Stewart, wood carver, work audited 

d° - - - d° 



d 8 - - - d° to Jan. 1813 - 
d 8 - - - d° to July 1813 - 



John Stewart - - d 8 



d° to 2 March 
■ d* this day 



Thomas Ring, for ceiling the portico 



Edward Clooney, account for work audited this day - 
d 8 - - - - d 8 - 



£. 


s. 


d. 


433 


9 


8£ 


‘.395 


- 


io| 


99 


8 


- 


7.994 


5 


10 


1,067 


5 


l * 


33 


12 


5 


31 


>4 


•2 


131 


12 


4 i 


49 


4 


6 


1,230 


8 


6 


21 


18 


11 


43-2 


3 


2 i 


365 


15 


5 j 


82 


13 


7 


24 


H 


10 z 


201 


2 


6 


59 


19 




39 


13 


7 


5°7 


2 


11 


2 


3 


1 


5 


4 


5 


50 


“ 


“ 


55 


2 


9 1 


28 


19 


1 


16 


8 


3 


75 


5 


Ii 


20 


11 


1 £ 


216 


2 


9 i 


76 


19 


1 1 


13 


4 


10 


25 


5 


it 


19 


6 


2 i 


13 


1 


7 £ 


288 


2 


5 


11 


4 


3 


8 


1 


n £ 


1 1 


4 


3 


10 


11 


9 i 


128 


_ 


2 


11 


18 


i°i 


79 


4 


9 


3 


5 


6 


66 


6 


3 


17 


11 


8 


178 


12 


_ 


32 


- 


- 


68 


5 


- 


113 


15 


- 


23 


17 


9 


21 


12 


6 


50 


18 


4 f 


79 


3 


9 i 


117 


l 


3 


si6 


12 


-l 


115 


2 


4 


230 19 


5 


04 19 


6 



2,061 6 7 



33i 14 4 i 

15 2 11 



255 18 11 
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PAPERS RELATING TO 





debentures 



To Balance brought forward 
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ST. GEORGE ’s CHURCH, DUBLIN. 



1809, 


June 26. 


Philip Dooley, for vaulting under the church - 


£. 

57 8 


s. 


d. 

2k 


1810, 


April 4. 




203 


14 


8 1 


1811, 


Nov. 29. 




7 


18 


9 


1811, April 11. 


George Stapleton, for stucco work, ceiling, per contract, to 
2 March, audited 


7% 




9 | 


1814, 


July 1. 




59 


18 


3 k i 


- 


Dec. 13. 


- for - - d° - - - - d° - 


304 


1 


4f 


- 


“ - 




1 -7 


18 


10 | 


1809, 


July 4. 


James M'Dowall, for excavating vaults, and task work 








- 


June 26. 


George Hunter, copper work to roof, per contract ... 


1 =92 


18 


24 


1810, April 6. 


- - - - - additional work - - - d° - 


i l 


7 


- 


1814, 


Nov. 29. 


Nicholas Walker, for glaziers work, audited this day 


1 . 






1815, 


Jan. 3 


Thomas Ganley, for painters work - - d* - 









£. i. d. 



7 8 9 J 3 9 



1.180 19 3 
42 18 

3°o 5 2 f 
109 17 10 \ 
671 15 - 



1814, Dec. 14. 
1824, July 17. 
- 24. 



1807, June 9. 
1814, - 20. 



Laurence Commons, for paving work - d° - - - - - 

John W. Head, for building and enclosing burial ground - - 33 2 

-------- - d 0 - - - - d" - - - ] 400 - 

Bills of Costs : 

■ Fludgate, London, cost of Act of Parliament - - j 278 15 

Thomas Fairis, for soliciting Act of 54 Geo. 3 - - - I 710 16 

I - - - - - for sundries - - I 417 



| Incidental expenses, per annexed Account, (4.) * - - 

Balance carried forward 



994 8 9 
5« 5-1 
1,344 1 5 1 ? 



1 19 ij 



Jacob Wctl, C. M. 
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PAPERS RELATING TO 



(4.)— PARTICULARS of Incidents paid by the Trustees of St. George’s Church. 



1806, Oct. 9. 

- 16. 

1807, Feb. 20. 

1808, May 7. 

1809, July 1. 



1810, Jan. 10. 
- April 6. 



- 19. 

- July 6. 

— Nov. 15. 



- April 1 1. 

- May 2. 



Oct. 31. 

- Nov. 30. 
18 12, Jan. 11. 

- March 24. 

- April 10. 



May 27. 
- 28. 



Oct. 15. 
1813, Jan. 2. 



- 21. 

- Feb. 11. 
May 15. 

- 27. 
July 17. 

1814, Feb. 24. 

- April 15. 

- June 10. 



Aug. 



1815, Feb. 15. 

May 22. 
- 27. 

- June 8. 



TO cash paid Brocas, for copper plates - 
To cash paid printing - 
To cash paid Oakley - 



To cash paid sundries, per Trustees order, 4th instant 
To - - - Wm. Moore, one year’s salary to 28 Jan. last 
To - - - fees and stamps for loan from Board First Frui 

- Jordan, one year’s salary to 21 March last 

- D° - - half year’s salary to 21 September - 

- Wm. Moore, one year’s salary to this day • 

- advertising sale ol pews - - -£.310 

- Jordan, half year’s salary to 25th March 5 - 



To - 
To - 



To - 
To - 
To - 
To - 
To - 
To - 

To - 
To - 
To - 
To - 



for one ton coal 37/ — stamps for receipts 9/9 
Hibernian Journal, five insertions, sale of pews • 
sixteen receipt stamps for second deposit of pews 
two - - d° - - d° - - d° - 
Wm. Moore, one year’s salary to Jan. £.10 - - 
Jordan, half year's salary to 25 Sept. 5 - - 



advertising sale of pews, 1 3th instant - 
d“ - - - - and stamps for receipts 
J ordan, half year’s salary - - £.5 

for printing - - - - - - i 



Ball & Co. their charge for bank book 
Jordan, half year’s salary due 25 Sept, last - 
for stamps for Archbishop of Cashell's draft 

for - - d° - - d° - - d° - 

Wm. Moore, one year’s salary to 28 Jan. £. 10 
for bank book - 



for stamp on treasurer’s note 

Jordan, half year’s salary to 25 March £.5 - 

Barlow, for stationery from 26 Apr. 1810 - 19 



for stamp on Archbishop of Cashell’s draft on 
Latouche ------- 



for - - d* - - d° - - d° 

Laurence Mathews, pump borer ... 
Jordan, clerk, half year’s salary to 21 Sept. 

James Doolan, lanthorns for vaults * - - 

Wm. Moore, for one year’s salary 28 inst. 

Barlow, stationery to 6 January last - 
Jordan, three quarters of a year s salary to 25 Janu- 
ary next, £.7. 10. — Jones, printer, £. 10 
for stamp ------- 

Ball & Co. annual charge for bank book 

Wm. Moore, one year’s salary, ending a8 Jan. last 
P. Jordan - - d“ - - d° - 21 June next 

for stamp ------- 

Robert Hall ------- 

Latouche & Co., charges on their account - 
Francis Johnston, his account - £.1292 

P. Jordan, half year’s salary to ai prox 0 5 - - 
Barlow, printing and stationery - 3 3 5 

Wm. Moore, one year’s salary ending 28 Jan. last 

F. Johnston, watchmens wages - 
■ Pat. Jordan, half year's salary to 21 June 1815 - 
- for stamp - 



£. 


s. 


d. 


22 


>5 


- 


10 r 


12 


3 


10 


- 


- 


5 


- 




10 


“ 




8 


10 


5 


2 


6 


9 


— 


19 


6 


- 


16 


7 


" 


2 


2 


15 


- 


- 


2 


4 


5 


6 


8 


7 


5 


16 


3 ‘ 


_ 


2 


8J 


5 


“ 




- 


10 


JO 


~ 


10 


10 


10 


2 




1 


1 


8 


5 


J 9 


2 




7 


7 


- 


7 


7 i 


7 


13 


5 1 


5 


— 




1 


1 


8 


10 


- 


- 


1 


15 


4 


17 


10 


_ 




1 


8 


- 


2 


85 


10 


T 




10 


- 


— 


l 


1 


8 


2 


6 


9 


21 


17 


1 


20 


12 


7 


10 




- 


8 


11 


_ 


5 


— 




1 


1 


8 



19 6 



75 18 1 
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1816, May 25. To cash paid P. Jordan, half year’s salary to Dec. 1815 * 
- - - To - - - Barlow, printing and stationery to this date 

To - - - Wm. Moore, one year’s salary to 28 Jan. last 

To - - - for bank pass-book 

To - - - for stamp ...... 



- June l 

- 29. 

- July 2 



1817: 
March 15. 



Nov. 26. 

1818, Jan. 16. 

- May 15. 

- 29. 

- July 18. 

Nov. 24. 

1819, May 14. 
Oct. 4.. 

- Nov. lG. 

- 17. 

1820, Jan. 19. 

- March 23. 

- April 1 . 
July 14. 
Oct. 5. 



1821, April n 
- - 21 

- June 18 
— July 4 

- Nov. 15 

1822, Jan. 7 
April 6 

— June ig 
July 9 

- Oct. 1 
- 26 

- N ov. 1 8 

- Dec. 23 

1823, Jan. 16 

- — 20 

- March 14 

- - 19 

- - 22 

May 28 

- July 5 

Oct. 25 
— Dec. 15 

1824, Jan. ig 

- April 5 

- July 5 
Oct. 5 

1825, Jan. 7 

- March 16 



£. s. 


d. 


5 - 


- 


2 4 


11 


10 - 


— 


- 2 


G 


1 7 


1 



Per Vice-treasurer ; viz. 

To cash paid I*. Jordan, one year’s salary 
To . . - William Moore 



- - advertisements in Saunders’s News Letter - 

- - James Edmonston - 
Bennet & Dugdale, for stationery 



- H. Barlow 



Pat. Jordan, salary - 
James Edmonston 
J. Barlow 
order of council 
James Edmonston 
John Barlow 



5 Jai 



D" 

James Edmonston ------ 

C. Cooke, printer ------ 

Garrick, advertising cemetery - - - - 

N. Clarke, stationery 

James Edmonston, quarter year’s salary to 5 April 

1820 --- 

for stationery for school - - - - - 

James Edmonston, quarter year’s salary to 5 July 
D° - - - - d° - - - d° - to 5 Oct. 
sundry repairs of doors - 
James Edmonston, quarter year’s salary to 5 Jan. 
D° - - - - d° - - - d° - to 5 April 

Cooke, for stationery ----- 

for tin box for vouchers - - - - - 

James Edmonston, quarter year’s salary to 5 inst. 
D° - - - - d° - - - d° - to 5 Oct. 

D° - - - - d" - - - d 

C. Cooke, for stationery - 
James Pratt, for law costs ----- 

James Edmonston, quarter year’s salary to 5 inst. 
D° - - - - d° - - - d° - to 5 inst. 

D° - - - - d® - - - d° - to 5 April 

omitted ------- 

C. Cooke, for stationery ----- 

D" - d° - d° 

advertising in Dublin Gazette - - - - j 

C. Cooke, for stationery - - - - - | 

for three advertisements in Evening Post - - j 

for - - d° - - in Morning Post - - | 

for - - d° - - in Patriot - - - j 

James Edmonston, quarter year’s salary to 5 April ; 

Saunders, for advertising debentures and burial 
ground ------- 1 

James Edmonston, quarter year's salary to 5 inst. 

C. Cooke, for printing cards 

James Edmonston, quarter year's salary to 5 inst. i 
D° - - - - d° - - - d° - to 5 Jan. J 

N. Clarke, for stationery - 

James Edmonston, quarter year’s salary to 5 inst. 1 
D“ - - - - d° - - - d* - to 5 inst. 

D» . . . . d° - - - d“ - to 5 inst. I 

D” - - - - d° - - - d° - to 5 inst. 

Saunders’s News Letter, for three insertions of 1 
reduction of interest on debentures - - ! 



10 - - 
17 t8 4 



25 7 
- >9 



2 10 
2 10 
12 9 1 
2 10 



33 18 7L 
2 10 - 
2 10 - 



2 io - 

1 5 10 

2 10 - 
2 10 - 

1 16 - 

2 10 - 
2 10 - 
2 10 — 
2 10 - 



18 14 6 



5*2 5 -i 



Jacob West, C.M. 



258. 



D 
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PAPEKS RELATING TO 



(5.) — Appendix, No. 1. 

AN ACCOUNT of all SUMS granted, borrowed and received by the Trustees appointed by an Act of 
Parliament, and from what Fund, for erecting the Parochial Church of St. George, in the County of Dublin. 



AMOUNT of sundry debentures issued pursuant to an Act of Parliament, 
bearing six per cent interest ------ 

- - - - of parish cess, ending Easter 1808 - 

- - - - of 100 logs Riga oak, purchased and allowed by 

M- & A. Williamson, in their account - £. 800 - - 
Less, paid Leland Crosthwaite for same, on 1 3th 
October 1808 575 - - 

- - - - of old timber, purchased and allowed by M. & A. Williamson 

Total for the year ending 5th January 1809 

Amount from Board of First Fruits, repayable by instalments without any 
charge for interest - - - - 

- - - of parish cess, ending Easter 1 8og 

- - . of rent of vaults from the revenue, for one year to 1st December 

1809 




Total for the year ending 5th January 1810 - 



15,282 : 



0,277 19 3 



Amount for pews sold by auction - 

- - - of parish cess, ending Easter 1810 - 

- - - of one year’s rent of vaults to 1st December 1810 



945 7 
284 7 



Total for the year ending 5U1 January 1811 - 



“,948 : 



Amount of grant from the Board of First Fruits 

- - - from ditto, 011 account of second loan - 

- - - on account of sale of pews - 

- - - for parish cess, ending Easter 1811- 

- - - for one year’s rent of vaults to 1st December 181 1 



500 - - 
3.500 - - 

3,H8 5 5 
956 5 3 k 
284 7 G 



Total for the year ending 5th January 1812 



Amount of sale of pews ... 

- - - of parish cess, ending Easter 1812 

- - - of rent of vaults to - 



Total for the year ending 5th January 1813 

Amount from Board of First Fruits, third loan 

- - - of parish cess, ending Easter 1813 

- - - of half year’s rent of vaults, to 1st Juflu 1813 . 

(December gale unoccupied.) 

Total for the year ending 5th January 1814 - 

Amount of debentures issued pursuant to Act of Parliament passed 54th 
Geo. 3 _ _ _ 

- - - of parish cess, ending Easter 1814 - 

- - - of one year’s rent of vaults, to 1st December 1814 ... 




8,500 

1,886 



7 6 



Total for the year ending 5th January 1815 - 



8,388 18 



10,670 12 6 
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Amount of parish cess, ending Easter 1815 ... 

- - - of one year's rent of vaults, to 1st December 1815 



Total for the year ending 5th January 1816 

Amount of parish cess, ending Easter 1816 ...... 

- - - of one year’s rent of vaults, to 1st December 1816 . 



Amount of parish cess, ending Easter 1817 
- - - of one year’s rent of vaults, to 1st December 1817 



Total for the year ending 5th January 1818 



Amount of parish cess, ending Easter 1818 
- - - of nine months rent of vaults, to 10th October 1818 



Total for the year ending 5th January 1819 



Amount of parish cess, ending Easter 1819 ... 

- - - of one year’s rent of vaults, to 10th October 1819 



Total for the year ending 5th January 1820 



Amount of parish cess, ending Easter 1820 ... 

- - - of one year’s rent of vaults, to 1 oth October 1 820 



Total for the year ending 5th January 1821 



it of parish cess, ending Easter 1821 - 

• of one year’s rent of vaults, to 10th October 1821, (deducting 
repairs) .......... 



Total for the year ending 5th January 1822 



Amount of parish cess, ending Easter 1822 
- - - of one quarter of a year’s rent of vaults to 



Total for the year ending 5th January 1823 



Amount received for 



ending Easter 1823 



Amount received for parish cess, ending Easter 1824 



Jacob West, C. M. 
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(6.) — Appendix, No. 2. 

ESTIMATES, &c. for the different Works to be executed in building St. George's Church, in the County 
of Dublin, and approved of by the Trustees. 



1807. July 18. 



John Hunter’s Proposal for Copper Work, a’ 2s. 6 d. per foot, each sheet of copper being 
4 feet 4 inches by 2 feet 2 inches, weighing gibs, closing round platform, a’ 2/9 per foot. 



Edward Clooney’s Proposal for Slating the Church with the best ton Slates, patent, at 2/. 12 s. 
per square. 



1808. May 18. 



John Cockburn's Proposal for Stonecutter’s Work; 



For each cubical foot of Portland 

For plain face of ditto - 

For beds and joints for ditto ... 

For all straight moulded cornice of ditto 

For all cubical work ----- 

Moulded bases and bosting caps for carvers 

Shafts of columns (measurement and half) - 

Joints of ditto 

Sunk work in cornice and other work - 
Cutting grooves for vace in joints 
Carriage of Portland to church ... 
Extra for columns ..... 
Black stone in work of steeple only 
For hammered face of ditto ... 
Hoisting materials for steeple, 1st story 
For ditto - - to - - - 2d ditto 

For ditto - - to - - - 3d ditto 

For ditto - - to - - spire 

For Mountain stone round church base 
Plain face, with moulded edges of ditto 
For Mountain stone steps - 
For rabbetted joints to steps ... 
Letting in chain bars of two inches square - 
Letting in cramps from 9 to 1 2 inches long - 
For collars of chain bar - 



4. 1 1 . 

4 G per ciot. 

2 - per fool superficial. 

1 G ditto. 

3 G 1 Hilo . 

price and half. 

4 6 per foot superficial. 

3 - ditto. 

1 G ditto. 

price and half. 

- 4 per foot running. 
n \\ per ton. 

4 4 ditto. 

1 - per cubic. 

- 10 per foot superficial. 
10 - per ton. 

1 5 - ditto. 

20 - ditto. 

25 - ditto. 

2 10 per fool cubic. 

1 (i per fool superficial. 

1 8 ditto. _ 

- 4 per foot running. 

2 - ditto. 

1 - per piece 

2 per foot running. 



The following Proposals for building the vaults of St. George’s Church were received ; viz. 



1808. Nov. 25. 



1809. June 21. 



1810. Apr. 18. 





Philip Dooly. 


Plunkett I 
nnd Storl. 


Cockbnrnv. 


Thomas 

Meade. 




4. , 1 . 


4. d. 


d. 




Stone work, per perch ..... 


12 - 




13 “ 


13 4 


Grey stock brick work, per perch - - j 


12 G 


15 6 


15 6 


14 - 


Centering to vaulting, per ditto - - - ; 


4 - 


5 - 


G G 


5 G 


Scheme arches, per piece .... 


2 - 




2 - 


1 6 


Cutting for springing of arches, per running fooL 


- 8 




- y 


_ 


Groin arrises, per foot running 


- G 


- 7 


. 


- 8 


Extra for ashlers, per load .... 


1 1 


, 1 








Workmanship in opens ..... 






2 - 


2 - 



George Stapleton’s Proposals for Plaistering and Stucco Work - - • £. G87. 144.9;/. 
Wm. Stopford, for Palisadoes, Globe, Irons, Gates, a’ £. 1 . 15 s. per cwt. 



Mathew nnd Arthur Williamson’s Proposal for Carpenter and Joiner’s work : 
Deal, finding all Materials : 

I'or flooring of red plank, ij in. thick, laid straight joint and dowled, I £. 4 d. 

and the headings tongued 61G 

For ground joists of the best Memel timber or pitch pine, 4x3-3'! 313 - 
For plates under ditto, of timber of the same quality - 4x2-3’ - - 10 

For bond timber or other timbers reduced to 6 X 3 scantling - - 1 4 

For wainscot frame, and finished in the best manner, j A inch - - _ , , % 

For ditto -plain - - - ditto .... x | inch - . . jJ . 



per stjuarc. 

ditto, 
per foot, 
ditto, 
per yard, 
ditto. 
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1810. April 18. 




Mr. Williamson’s Proposals— continued. 

For base and plinth, the moulding 2 inches and plinth 6x1 - a’ 
For grounds for ditto and other purposes 3x1^, fixed with holdfasts 
For single moulding of 4. inch girth ----- a' 
For - ditto - - of 3 and under 4 ditto - - - - a' 

For - ditto - - of 2 and under 3 ditto - - - - a' 

For - ditto - - of if to 2 inches ditto - - - - a’ 

For 3 faced architraves, and complete, 6j a' 7 inches broad - 
For apron pieces to seats, a’ 3| inches ----- a’ 
For circular work in any of the above particulars - 

Riga Oak, finding all Materials : 

For wainscot li inch thick, finished and framed in the best manner 

For plain ditto of the same thickness - - ditto a 

For moulded and grooved capping on top pew, wainscot - a’ 
For mouldings quirked and done in the best manner, 6 inch girth a' 
For - - ditto ... - ditto - - - - 5 a ’ 6 inches a’ 

For - - ditto - - - - ditto - - - - 4 a’ 5 - d" - a’ 

For - - ditto - - - - ditto - - - - 3 a 4 - d” - a 

For - - ditto - - - - ditto - - - - i\ a’ 3 - d° - a’ 

For - - ditto - - - - ditto - - - - 2 a’ 2± - d” - a| 

For - - ditto - ditto - - - - 1 ^ a 2 - d° - a 

For rabbet and rule joints for pew door - - - - - 

For extra work in hanging each door, putting on its locks - a' 
For mahogany hand-rail to gallery staircase, 3 inches capping, with 
fifing and screwing up balusters - - - - • 

For oak wainscot in the pulpit and reading desk, 1 £ inches thick, 
done in the best manner, of picked stuff - - - - a 

For the circular communion rail, done with finest oak, a 3 i inches 
For balusters, turned in the handsomest shape, fifing them 
For the kneeling step of the communion place, done with the best 

Riga oak, circular also - 

For the riser of ditto, veneered in deal ------ 

For the riser and mouldings under the balustrade - 
For hanging each door in said communion rail * 

For circular work in any of the foregoing particulars which are not 
specified as circular work - - - - * • 

For carpenters at any days works, and none but good workmen to 
be so employed - -- -- -- -- 

Mr. Cockburn’s Proposal for Stonecutter’s Work : 



c. d. 

-11 per foot. 

- 4 ditto. 

- 8 ditto. 

- 7 ditto. 

- ti ditto. 

- 4 ditto. 

2 - ditto. 

- 4 ditto, 

double measure. 



19 6 per yard. 

1 7 - ditto. 

1 2 per foot. 

3 - ditto. 

2 8 ditto. 

2 4 ditto. 

2 - ditto. 

1 10 ditto. 

i 8 ditto. 

1 (i ditto. 

1 - ditto. 

6 6 each. 

6 6 per foot. 

4 - ditto. 

7 6 ditto. 

4 G each. 

3 6 per foot. 

2 - ditto. 

2 G ditto. 

10 - per extra. 

double meusure. 

5 - per dap. 



For Portland stone geometrical staircase and landings, measuring 

from 6 to 10 inches wall -hold - -46 per cubical. 

For plain and moulded face of ditto 2 2 P er superficial. 

For joggle joints in landings, including lead - - - - - 4 6 per lineal. 

For rabbetting steps - - - - - S per running. 

For plain Portland flagging, 2 inches thick ----- 2 6 per superficial. 

For Mosaic flagging - - - - - - - - - 28 ditto. 



The following Proposals for Painting were received viz. 





Coats. 

I 


T-C...BS 

Gin'-y. 


Wra. Samuel 


Stapleton. 


William 

Coote. 






s. d. 


,v. d. 


s. d. 


s. d. 


White painting 


- , 1 




- 5 


— 


— 


- - Ditto - - 






- 9 


' — 


— 




3 


- 11 


- J 3 f 


- 11 


— 


- - Ditto - - 


4 


- 13 * 


- 18 


- 15 


- H 


Oak colour - 


2 






— 


— 


Common oak colour 


3 


- 12 


- 12 


— 


— 


Ditto - ditto 


4 


- 1 5 


- 16 


— 


— 


Riga oak colour 


- - 2 




- 18 


— 


— 


- - Ditto - - 


3 


- * • 


111 




— 


- - Ditto - - 


4 




2 4 






Large windows, outside - 


1st 




4 6 


— 


— 


Ditto - - ditto - 


2 


- - - 




— 


— 


Ditto - - ditto - - - 


3 




12 - 


9 9 <°< al 


- 13 


Ditto - - ditto - - - 


4 




- 




— 


Large school windows 





" 









The foregoing proposals being referred to Mr. Johnston, the Architect, and Mr. Ganley having 
given in the lowest terms, Mr. Johnston is empowered to contract with him, provided he agrees to 
paint the windows on the same terms proposed by Mr. Smith and Mr. Stapleton. 



E 
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PAPERS RELATING TO 



1815. Jan. 9. Mr. Williamson’s Estimate for new Loovers, Frames and Floors, for the Steeple of £ 
Church, 

Loovers for First Story of Steeple : 

56J feet of uprights, head and sill of loovers, frame covered in front, 6f X 4 a’ 2/8 
84 feet of sunk grooves for the end loover boards - - - - . - a ’ fo 

121 feet of loover boards, bevelled both edges - - - - 6x^ a.’ jg 

ljif feet of lath nailed on the inside edge of ditto - - -s|Xfa’/4 

5 ft. loin, of counter head to frame - - - - - 6f X if a’ 1/6 

6 feet of inside casing to ditto - - - - - - 15x1 a’ 1/4 

5| feet impost, with sunk full on front face of di ttlo - - 1 5 X l f a' 4/G 

13 feet of circular head to loovers, frame 4X4, rabbetted to receive sash, a’ 3/6 
1 circular block in the centre, moulded to match - - - - - . 

14-5 feet of circular headed sash and glass - - - - - »’ 4/ 

To setting and bedding the same - -> - • » - - - _ _ 

£. 100. 5 s. 6d. - Amount four times - - - - £. 



Loovers in Second Story of Steeple: 

30 5 feet of loover, frame as above - 
45 feet of grooving for ends of loover boards - 
42 feet of loover boards, bevelled both edges 
54 feet of laths, nailed on the inside edge of ditto 
3 feet of counter head to frame - 

2 ft. 10 in. of impost, with sunk frith ... 

3 feet of inside casting to ditto - 

6f feet of circular head to frame, coved, &c. 

1 circular block in centre, moulded to match 

4 feet of circular headed sash and glass ■ - 

To setting and bedding the same ... 



Amount eight times - 



Ladders for Steeple : ' ; 

287ft. loin, of steps in ditto ... . 9'x if,a’il/4 

34 ft. 10 in. of landings in the angles 12 x if a’ |i/8 

216ft. loin, of sides of ladders 7x2* a’ 1 i/6 

209 ft. 4 in. of grooving the sides ' /6 

147 feet of supporters to ditto - - - . . . . 4x4 a’ 1/4 

133 feet of uprights to hand-rail 3 xaf a’ /g 

108 feet of hand-rail 3X2ia’i / 

70 feet of framed and ohuled door to clock, opens a inches thick a’ 2/3 

15ft. 2 in. of sash to circulars, opens and glass ... a’ 3/10 

24 feet of - d® - square - - d° a’ 1/6 

7 yds. sq. 28 ft. 6 in» of 1$ in. straight joint flooring, in 6 stones, to steeple, a’ 5I. 
7yds. sq. 28ft. of in. of joists to ditto - 6x2 a’ 3/. 10s. 

27 yds. sq. of wainscot to 4 trap doors, double sheeted - - a’- 8/ 

88 feet of rabbetted frame to ditto trap door .... 8xifV 1/10 
Add for painting ..... 



For enclosing Burial Ground : 
Messrs. Reed - - - 



Jacob Watt, C. M. 
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(7.) — Appendix, No. 3. 

AN ACCOUNT of the Amount of the several Sums expended by the Trustees appointed by Act of Parliament, 
in erecting and fitting up the Church of St. George, in the County of Dublin. 



AMOUNT of sundry Bills due by the parish previous to the appointment of 
Trustees, and afterwards discharged by them ... £.3,576 1 11 
Less, due to John Allen - - 100 - - 



3,47 6 1 1 « 
6 16 6 



Total for year ending 5U1 January 1807 



Alderman Darley - - - stone cutter 
Interest on sums borrowed - 
Incidents ------ 



Total for year ending 5th January 1 



Alderman Darley - - - stone cutter 
John Cockburn & Son - - ditto 
M. & A. Williamson - - carpenters 
Interest on sums borrowed - 
Incidents ------- 

Bill of costs, obtaining first Act of Parliament 



John Mallett - - - - - 
M. & A. Williamson - - 
Richard Mallett - - - - 
John Cockburn & Son 
Edward Smyth - - - - 
Thomas Ring - - - - 
Edward Clooney - - - 
Philip Dooley - - - - 
George Stapleton - - . 
James M‘ Do wall - - - - 
George Hunter - - - - 
Interest on sums borrowed 
Incidents - 

Francis Johnston - - - - 



plumber 
carpenters 
smith - 
stone cutters 
stona carver 
plaisterer 

mason - 
stucco worker 
labourer (excavating) 
coppersmith 



Total for year ending 5th January 1810 



Francis Johnston - - - . 
M. & A. Williamson - • 
Richard Mallett - - - - 
John Cockburn & Son - 
Edward Smyth ... 
John Stewart - - - - 
Philip Dooley - - - - 
George Stapleton - - 
George Hunter - - - - 
Board of First Fruits 
Interest on sums borrowed 
Incidents ... 



stone cutters 
stone carver — 
wood carver 
mason . 

stucco worker - 
coppersmith 



il for year ending 5U1 January 1 8 1 1 



M. & A. Williamson 
Richard Mallett - - - 
John Cockburn Sc Son 
Edward Smyth - - - 
John Stewart - - - - 
George Stapleton - - 
Francis Johnston - - ■ 
Board of First Fruits 
Interest on sums borrowed 
Incidents - 



carpenters 

smith 

stone cutters - 
stone carver - 
wood carver - 
stucco worker - 
architect 



3,4?2 18 5 



Total for year ending 5th January 1809 



2,870 3 a 
152 5 - 

11 19 6 



2,705 15 2 

869 - - 

970 »5 n| 
528 9 5 
22 15 - 
278 15 - 



1,062 19 9 f 
760 8 6 
170 - 8 
3,550 1 2 3 
210 12 - 
15 2 11 
230 19 5 
700 - 3 

200 - - 
42 18 5 
292 18 2 
721 17 2 
30 12 3 
865 6 3 f 



275 

352 

300 



8,854 8 3 



17516 -f| 
1,296 6 1 
100 - - 
1,109 14 i°f 
40 - - 
85 - - 

81 14 8 f 
262 11 7 
7 7- 
300 - - 
740 13 -f 



906 5 



9 »o*| 

12 -|| 

3 2 

4 7 

1 16 5 I 

1 14 if 



Total for year ending 5th January 1812 



- 5,043 5 -i 
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glazier - 
carpenters 
smith 

stone cutters 
stone carver 



Nicholas Walker - - 
M. & A. Williamson - 
Richard Mallett - - 

John Cockburn & Son 
Edward Smyth - - 

John Smyth - ditto 

John Stewart ----- wood carver - 

Richard Stewart ditto 

Philip Dooley mason - 

George Stapleton - - - - stucco worker 

Thomas Ganley - - - - painter - 

Francis Johnston - - - - architect 

Board of First Fruits ----- 
Interest on sums borrowed - 
Incidents ------- 



Total for year ending 5th January 1813 



M. & A. Williamson - - - carpenters 
Richard Mallett - - - - smith 

Peter Cockburn - - - - stone cutter 

John Smyth ----- stone carver 
Richard Stewart - - - - wood carver 

Francis Johnston - - - - architect 

Board of First Fruits - 
Interest on sums borrowed - - - 

Incidents ------ 



Total for year ending 5th January 1814 



M. & A. Williamson - 
John Mallett - - - 
Richard Mallett - - 
Peter Cockburn - - 
Richard Stewart - - 
George Stapleton - - 
Thomas Ganley - - 
Laurence Commons - 
Bill of costs obtaining Act of Parliament 54 Geo. 3 
Francis Johnston - - - - architect 

Board of First Fruits - 
Interest on sums borrowed - 
Incidents ------ 



carpenters 
plumber - 
smith 

stone cutter - 
wood carver - 
stucco worker - 
painter - 
paving 



Total for year ending 5th January 1815 



Richard Mallett - - - 
Edward Clooney - - - 
George Stapleton - - 
Thomas Ganley - - - 
Francis Johnston - - - 
Board of First Fruits - 
Interest on sums borrowed 
Bill of costs 
Incidents - 



smith 

slater 

stucco worker 



Total for year ending 5th January 1 816 



Richard Mallett - - - - smith 
Board of First Fruits - - - 

Interest on sums borrowed - 
Incidents - 



Total for year ending 5th January 1817 



Richard Mallett - - - - smith 
Board of First Fruits - - - - 

Interest on sums borrowed - 
Incidents ------ 



Total for year ending 5th January 1818 



Board of First Fruits - 
Interest on sums borrowed 
Incidents - 



Total for year ending 5th January 1819 



£. 


s. 


d. 


109 


17 


i° * 


1,631 


18 


4 


80 


- 


3 


983 


11 


c 


43 


15 


— 


12 


- 


- 


45 


2 


4 


72 


10 


i°* 


7 


18 


!) 


51 


6 


- 


40 


- 


- 


320 


10 


3 


300 


- 


- 


648 


14 


10 


32 


15 


64 


697 


! 


9 


1,399 


19 


3i 


11 


17 


9 


30 


— 


- 


30 


10 


54 


510 


- 


- 


949 


2 


9 


3° 


9 


8 | 


3,223 


14 


11 


53 


15 


4 


515 


9 


7 i 


1,707 


6 


7 \ 


166 


5 




59 


18 


3 1 


250 


- 


- 


13 


1 2 


- 2 


710 


16 


7 


233 


1 


1 


510 


— 


- 


613 


9 


_ 


65 


18 


1 


407 


12 




24 


19 


6 


332 


- 


2 i 


381 


15 






17 


— 


600 




- 


1,385 


2 


7 


4 


17 


2 


24 


12 


8 


100 






600 


- 


- 


53 


1 


11 


18 


14 


6 


84 T3 


9 


600 


- 




1,902 


- 


_ 


38 


7 


3 


600 




- 


510 


- 


- 


39 


11 





4.38o 



3.659 



8,133 6 



3,162 16 



771 16 



2,625 1 
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Board of First Fruits - 
Interest on sums borrowed 
Incidents - 



Peter Cockburn - - - 
Board of First Fruits - 
Interest on sums borrowed 
Incidents - 



Total for year ending 5th January 1820 
stone cutter ------- 



600 - - 
1.335 9 5 



24 14 10 i 
600 - 
1.335 9 +i 
26 10 8 



Total for year ending 5th January 1821 

Board of First Fruits - - - I 600 - 

Interest on sums borrowed 1,356 - 

Incidents 9 '4 



Total for year ending 5th January 1822 

M. & A. Williamson - - carpenters 200 - - 

Board of First Fruits - j 600 - - 

Interest on sums borrowed - -- -- -- -- - 1,356 - - 

Incidents - - - - - - - - - • ■ - * 49 1 7 9z 



Total for year ending 5th January 1823 



John Allen, due to him by committee of parish 
M. & A. Williamson - - - carpenters 
Francis Johnson - - - - architect 



, t , , I" to 1 6th April 1823 - - -£.1,300 5 4 

Interest on sums borrowed | toistJan ^ aryl824 . . . 801 7 6 



1,948 1 5 



1,986 14 11 



1.965 H 



2,205 17 9f 



2,101 12 10 



I- 



Total for year ending 5th January 1824 

John W. Reed, burial ground - - - - -- -- 433 2 _ 

Board of First Fruits - - - - 1314- 

Incidcnts - - - - - - - - - - - -1 138(1 

Interest on sums borrowed, from 1 Jan. 1824 to 1 Jan. 1825 -£.1,125 - - 

Less, arrear due - - - 1 64 4 1 1 J 

1,060 15 -i 



1,638 9 6 \ 
£. ] 66,084 6 8* 



Jacob West, C. M. 



(8.) — Appendix, No. 4. 

Containing an Account of the DEBT now due and outstanding on account of erecting the Church of St. George, 
in the county of Dublin. 



Debentures, bearing interest at 5 per cent - - - 

Balance due to the Board of First Fruits - - - - 


- ■ 


£. s. d. 
22,500 — - 

3,148 16 - 


Total Amount - 


- £. 


25,648 16 - 



Jacob West, C. RI. 
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(9.) — Appendix, No. 5. 

Containing a Statement of the POUND RATE on which the Parochial Assessments for completing the Church 
of St. George, in the County of Dublin, have been levied in each Year. 



1111809, 7/ - in the pound. 

1810, 11/ - - - d°. 

1811, g/ - - - d°. 

1812, 9/ - - - d°. 

1813, 11/6 - - d*. 



In 1814, 13/3 in the pound. In 1818, 8/3 in the pound. 

1815, 20/ - - - d°. 1819, 10/2 - - d°. 

1816, 20/ - - - d°. ! 1820, 12/6 - - d“. 

1817, 12/ - - - d°. I 1821, 15/ - - - d°. 



In 1822, 16/8 A in the pound. 

1823, 10/11 - - d°. 

1824, 10/7 1- - d a . 

1825, 13/6 - - d°. 



Jacob West, C. M. 



(10.) — Appendix, No. 6. 



Containing the NAMES of the Original Trustees of St. George’s Church, in the County of Dublin, appointed 
by Act of Parliament, 46 Geo. 3; also the Names of the Trustees subsequently appointed in lieu of those who 
have either since died or resigned. 



Hans Hamilton, 

John Claudius Beresford, 
Luke White, 

John Carleton, 

Samuel Reed, 

General George Cockburne, 
General Thomas Brownrigg, 
Colonel Handheld, 

William Roper, 



Thomas Read, 

Robert Frazer, 

llev. Clias. Cobbe Beresford, 
John Geale, 

John Lynham, 

Robert Law, 

Jeremiah D’Olier, 
i John Hall, 

1 James Galbraith, 



John Eccles, 

Frederick Edward Jones, 
Paulus Emilius Singer, 
Andrew Caldwell, 

Rev. Joseph Pratt, 
Edmond Alexander Weir, 
Thomas Norman, 

Luke Norman, 

John Kingston James, 



William Colvill, 
Bartholomew Maziere, 
William Cosgrave, 
William Pemberton, 
Ebenezer Dix, 

John Pollock, 

Archibald Hawkesley, 
John Rutherford, Esqrs. 



SUBSEQUENTLY APPOINTED. 



September 5, 1 806 : 



Alexander Hamilton, Esq. - ■ 
Thomas Edmond Weir, Esq. - 


■ - - rice - - John Geale, resigned. 

- - - - - Edmond Alexander Weir, resigned. 




December 1 C, 1 80G : 


Henry Meredith, Esq. - - ■ 


■ - - - - - Andrew Caldwell, resigned. 


Richard Allen, Esq. - - - . 
Robert Hall, Esq. - - - . 


October 1 3, 1 807 : 

. - - rice - - John Rutherford, resigned. 

■ - - - William Cosgrave, resigned. 


William Crosbie, Esq. - - ■ 


October 31, 1807 : 

• - - vice - - John Lynham, resigned. 


George F. Brook, Esq. - - ■ 


April 30, 1 81 1 : 

■ - - vice - - John Eccles, deceased. 


Rev. James Horner - - - - 
W. C. Colvill, Esq. - . . . 
Robert Goff, Esq. - - - . 

Henry Gresson, Esq. - - ■ 


January 21, 1812 ; 

- - vice - - William Pemberton, deceased. 

■ - - - - - William Colvill, resigned. 

• - - - - - Robert Law, resigned. 

■ - - — - - Jeremiah D’Olier, resigned. 


Alderman Henry Gore Sankey 
L. N. Donovan, Esq. - - 
Cunningham M‘ Alpine, Esq. • 


February 14, 1817 : 

- - vice - - Bartholomew Maziere, resigned. 

- - - - John Carleton, resigned. 


Henry Cole, Esq 

John Barlow, Esq. - - - . 
Gustavus Brooke, Esq. - - ■ 


April x6, 1819 : 

- - - vice - - Charles Foster, resigned. 

■ - - - - - William Crosbie, resigned. 


Jacob West, Esq. ... 
George Cash, Esq. ... 


May 28, 1821 : 

- - - vice - - Rev. Joseph Pratt, resigned. 

- - - - - - Robert Frazer, resigned. 




May 2, 1822 : 



William Lunell, Esq. ..... rice . . L. N. Donovan, resigned. 
William Lunell Guinness, Esq. - - - - - Gustavus Brooke, resigned. 

Henry Adair, Esq _ .. Alderman Sankey, deceased. 



THE Trustees, when regularly convened, agreeably to the provisions of the Act of Parliament, 46 Geo. 3, c. 123, 
were the Auditors of the Accounts. 



Jacob West, C. M. 
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(11.) — Appendix, No. 7. 

STATEMENT of the ARREARS due of the Parochial Assessments of the Church of 
St. George, in the County of Dublin, 

Ending Easter 1824 ------- £.1,471. 19. 0. 



STATEMENT of the largest Number of Years ARREARS for which any House in the said 
Parish of St. George is now held responsible. 

— Fifteen Years. — 



STATEMENT of the highest and lowest ANNUAL RATE for which the Houses in 
St. George’s Parish are chargeable. 

£. s. d. 

Highest Church Rate per Annum - - - - - - 9. o. o. 

Lowest - ditto - ditto - - - - - - - -0. 1. o. 



Jacob IT 'at, C. M. 
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